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PUBLIC  IMPROVEMENIS  PROGRAM 

CLINTON,   NORTH     CAROLINA 


Chapter  I 


INTRODUCTION 


Function  of  a  Public  Improvements  Program 

The  principal  function  of  a  public  improvements  program  is  to  serve  as 
a  guide  in  the  development  of  a  capital  improvements  budget.  Specifically, 
the  purposes  of  this  report  will  be: 

1.  To  assemble  a  list  of  all  public  improvements  which  will  be  needed 

by  the  City  in  the  next  twenty  year  period  as  recommended  in  the  City's  physical 
development  plans. 

2.  To  establish  and  justify  a  priority  schedule  for  each  improvement 
according  to  relative  urgency  or  need. 

Improvements  Included  in  this  Report 

Public  improvements  scheduled  in  this  report  were,  for  the  most  part, 
taken  from  proposals  stated  in  the  City's  Land  Use  Plan,  Thoroughfare  Plan, 
Central  Business  District  Study,  and  Neighborhood  Analysis.   Several  improve- 
ments which  city  officials  felt  were  needed  but  which  were  not  contained  in 
any  of  the  above  mentioned  studies,  were  also  included  in  this  report. 

Future  school  improvement  plans  were,  unfortunately,  not  included  in  this 
report  primarily  due  to  the  fact  that  Clinton  City  School  District  plans  are, 
at  present,  uncertain.   This  uncertainty  is  due  primarily  to  the  lack  of  know- 
ledge concerning  what  the  long  range  Federal  School  policies  will  be,  as  a 
result  of  the  recently  passed  Civil  Rights  Act.   At  the  present  time  the 
Federal  policy  deals  with  a  "freedom  of  choice"  system.   Definite  school 
building  plans  in  the  Clinton  School  District  has  been  formulated  if  this 
approach  is  to  be  long  range  in  scope.   At  the  same  time  the  policy  of  school 
attendance  "by  zones"  may  replace  the  present  Federal  policy  in  the  near 
future.   Clinton  school  officials  have  prepared  a  separate  set  of  school  plans 
for  their  operation  under  this  Federal  policy  if  it  were  to  come  into  effect. 
Thus,  school  planning  in  the  City  of  Clinton  is  presently  in  a  state  of  limbo 
and  consequently  no  definite  plans  could  be  obtained  from  these  school  officials 
for  use  in  this  report. 
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Method  of  Scheduling  Improvements 
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ree  in  flexibility  in  the  administration  of  this 

report  have  not  been  scheduled  on  a  year  to  year 
ral  fiscal  periods.   The  first  three  periods  will 
ing  from  July  1,  1966  to  June  30,  1968,  from 
,  and  from  July  1,  1970  to  June  30,  1972.   The 
three  fiscal  periods  should  form  the  nucleus  of 

the  City's  capital  improvements  budget,  when 
cal  periods  of  s  even  years  each  will  extend 

1979  and  from  July  1,  1979  to  June  30,  1986. 
an  additional  priority  of  importance  on  each 

same  fiscal  period.   Within  each  period,  improve- 
lar  City  department  or  agency  were  grouped  together 

have  come  from  different  sources  or  reports.   The 
s  in  this  report  has  been  jointly  worked  out  with 
fficials  concerned  and  then  reviewed  and  approved 


The  Public  Improvements  Program  and  the  Capital  Improvements  Budget 

As  mentioned  earlier,  the  public  improvements  program  acts  as  a  guide  in 
the  development  of  the  capital  improvements  budget.   Simply  stated,  the  function 
of  the  public  improvements  program  is  to  establish  a  priority  for  each  of  the 
improvement  projects  according  to  need,  justify  this  priority,  and  set  up  a 
general  scheme  of  implementation.   The  capital  improvements  budget  takes  this 
list  of  improvements,  determines  how  much  each  item  will  cost  and  how  each  is 
to  be  financed.   In  the  capital  improvements  budget  the  scheduling  process  is 
refined  to  the  point  where  each  improvement  is  scheduled  to  be  accomplished 
in  "a  specific  fiscal  year. 
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Advantages  of  a  Public  Improvements  Program  and  d  Capital  Improvement s  Budget 

A  long  range  public  improvements  program  and  capital  improvements  budget 
provides  the  following  advantages  to  the  taxpayersj  to  business  and  industrial 
managers  and  to  public  officials; 

1.  Aids  the  City  in  stabilizing  the  3conomic  climate  by  helping  Investors, 
business  and  industrial  managers  and  home  owners  gauge  the  future  more  accurate- 
ly with  respect  to  the  physical  development  of  the  City  and  the  financial  obligat- 
ions entailed  by  such  d eve  1 opms nt s . 

2.  Piovidei)  a  means  of  assuring  that  the  projects  will  be  carried  out  in 
accordance  wi'h  both  predetermined  priorities  of  need  and  the  .ommuattys  ability 
to  pay  for  t  hem, 

3.  Protects     the     City     against     the     influenc-='     of    well-m'daning    groups     seeking 
to    advance    some     interests     Irrespective    of     the    needs    of    the    City    as    a    whole^ 

4.  Requited  bond  Issues  and  necessary  tax  income  can  be  foreseen  and  pro™ 
vlsions  can  be  made  for  the  issuance  of  bonds  and  necessary  adjustments  in  future 
City  tax  policies, 

5.  Permits  coordination  of  the  City  program  with  other  governmental  agencies, 
and  places  the  various  departments  of  the  City  in  a  better  position  to  program 
their  construction  activities  and  operations  and  to  program  the  procurement 

of  major  items  of  equipment. 

6.  Lengthens  the  period  available  for  the  proper  technical  design  of 
community  facilities. 

7.  Permits  the  advance  acquisition  of  real  estate  needed  tor  improvements 
by  purchase  in  a  favorable  market  or  the  retention  of  tax  delinquent  land  or 
unused  City  property  for  these  improvements, 

8.  Provides  the  taxpayer  with  a  clearer  picture  of  what  services  he  is 
receiving  for  his  tax  dollar  and  helps  provide  him  with  information  on  the 
total  needs  of  the  City  so  that  he  may  vote  intelligently  on  bond  issues* 


9.   Lastly,  a  public  improvements  program,  prepared  in  advance  and  given 
proper  publicity,  serves  to  foster  civic  pride,  inspires  public  confidence  in 
the  orderly  process  of  City  government  and  encourages  participation  by  citizens 
in  civic  affairs. 


The  Public  Improvements  Program  Must  be  Flexible  and  Continuous 


Assumptions  and  Limitations 

In  order  to  make  this  report  as  understandable  as  possible  a  number  of 
basic  assumptions  are  made.   Some  of  these  refer  to  matters  over  which  the  city 
ha  s  no  con t ro  1  : 

-  There  will  be  no  major  national  or  regional  depression,  no  major  war  and 
no  natural  catastrophe  affecting  the  City. 

-  Business,  industrial  and  population  trends  will  continue  much  as  they 
have  in  the  recent  past. 

-  State  and  Federal  taxation  policies  and  support  of  local  activities  will 
continue  in  much  the  same  form  as  we  now  know  them. 

In  formulating  this  program  it  was  assumed  that  the  land  lying  within 
approximately  one-half  mile  of  the  present  corporate  limits  (in  all  directions) 
will  be  annexed  to  the  city  within  the  next  four  years.   A  bond  issue  will, 
of  course,  have  to  be  approved  by  the  citizens  of  Clinton  in  order  to  finance 
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the  required  extension  of  community  facilities  to  the  newly  annexed  area. 
These  annexation  expenditures  have  been  programmed  within  the  two  year  fiscal 
period  extending  from  July  1,  1968  to  June  30,  1970.   An  annexation  report, 
which  should  be  completed  by  the  end  of  1966  will  specify  where  existing  water 
and  sewer  lines  will  have  to  be  extended,  what  additional  equipment  will  need 
to  be  purchased,  etc.   Since  no  similar  study  had  previously  been  completed, 
it  was  impossible  to  itemize  improvements  in  this  report  which  will  be  required 
as  a  result  of  this  annexation. 

It  has  also  been  assumed  that  the  City  Government  within  the  next  four 
years,  will  create  a  new  recreation  department  and  that  city  money  will  be 
budgeted  for  recreation  facilities  in  the  future.   This  city  department  will 
replace  the  existing  Recreation  Commission  which  is  a  private  organization 
sponsered  by  private  funds. 


Chapter  II  of  this  report  deals  with  the  actual  listing  and  scheduling 
of  improvements.   In  addition,  scheduled  improvements  have  been  plotted  on 
two  maps  which  are  located  at  the  end  of  this  report.   In  those  cases  where 
certain  improvements  could  not  be  tied  to  a  specific  or  general  location  in 
the  Clinton  Planning  Area,  these  improvements  could  no t , consequent  ly ,  be  shown 
on  the  map  s . 
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Chapter  II 


PUBLIC  IMPROVEMENTS  PROGRAM 


July  1,  1966  to  June  30,  1986 


July  1,  1966  to  June  30,  1968 

A.  Acquire  site  (1  acre  minimum)  for  future  fire  sub-station  near  the 
intersection  of  N,  C.  403  and  Carolina  Avenue.  This  station  will  in  all 
probability  be  needed  to  satisfy  annexation  requirements  and  should  be  con- 
structed during  the  following  two  year  fiscal  period. 

B.  The  following  water  lines, as  shown  on  Exhibit  l,need  to  be  installed 
during  this  fiscal  period: 

1.  In  order  for  the  City  to  take  maximum  advantage  of  the  water 
supplied  by  Well  No.  8  the  following  extension  will  be  needed: 

(a)  600  feet*  of  10"  line  along  N.  C.  Highway  24,  from  South 
East  Boulevard  (U.  S.  701)  east  to  connect  with  existing 
10"  line. 

2.  In  order  for  the  City  to  take  maximum  advantage  of  the  water 
supplied  by  Well  No.  10,  the  following  extensions  will  be  needed: 

(a)  5600  feet*  of  12"  line  along  U.  S.  701  and  U.  S.  421, 
from  existing  line  (near  the  intersection  of  Fowler 
Street)  south  to  a  point  approximately  800  feet  north  of 
State  Road  1226. 

(b)  600  feet*  of  10"  line  along  State  Road  1263  from  U.  S.  701 
to  U.  S .  421. 

(c)  800  feet*  of  10"  line  north  along  U.  S.  42  1  from  its 
intersection  with  U.  S.  701  to  State  Road  1263. 

(d)  300  feet*  of  10"  line  from  the  existing  line  adjacent  to 
Well  No.  10  to  U.  S.  421-701, 

3.  In  order  for  the  City  to  take  maximum  advantage  of  the  water 
supplied  by  Well  No.  9  the  following  extensions  will  be  needed: 

(a)   800  feet*  of  12"  line  along  South  Boulevard  from  a  point 
opposite  Well  No.  9  to  a  point  opposite  the  visualized 
extension  of  Stetson  Street. 


*  These  distances  are  approximate. 
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(b)   2100  feet  of  12"  line  along  Stetson  Street  from  the  existing 
line  (near  West  Still  Street)  south  to  South  Boulevard,   An 
easement  for  this  line  will  have  to  be  acquired  between  West 
Butler  Avenue  and  South  Boulevard. 

The  State  Highway  Commission  has  plans  for  the  extensive  modification  and 
improvement  of  U.  S.  42  1  during  this  two  year  fiscal  period.   Plans  have  already 
been  prepared  for  the  future  construction  of  an  interchange  at  Elizabeth  Street 
and  at  Sunset  Avenue  and  the  construction  of  a  frontage  road  adjacent  to  this 
highway.   Contracts  for  this  construction  are  expected  to  be  let  early  in  1966. 


at 


4.   In  order  to  avoid  having  to  bore  water  lines  under  this  highway 
a  later  date,  water  lines  should  be  installed  by  the  City  under  this  highway, 


during  this  fiscal  period  in  the  following  locations  in  accordance  with  State 
standards  and  construction  schedules: 

(a)  2"  line  connecting  Woodland  Drive  (on  the  east  side)  to 
Herring  Street  (on  the  west  side). 

(b)  6"  line  crossing  at  Forest  Trail. 

(c)  6"  line  crossing  at  Royal  Street. 

(d)  6"  line  crossing  at  Byrd  Street. 

5.   An  elevated  water  storage  tank,  with  a  capacity  of  between  300,000 
to  500,000  gallons,  should  be  constructed  during  this  fiscal  period.   This  tank 
will  be  located  on  the  Well  No.  9  or  Well  No.  10  site. 

C.   In  order  to  avoid  having  to  bore  lines  under  U.  S.  Highway  42  1  in  the 
future,  sewer  lines  should  be  installed  by  the  City  under  this  highway  in  the 
following  locations,  in  accordance  with  State  standards  and  construction 
schedules: 


1.  10"  line  crossing  at  Daniels  Branch. 

2.  8  "  line  crossing  at  Woodland  Drive. 

3.  10"  line  crossing  at  Sunset  Avenue. 

4.  24"  line  crossing  at  Glenda  Street  (this  replaces  an  existing  15" 
1 ine) . 


D.  Property  will  have  to  be  acquired  east  of  the  present  City  sewerage 
treatment  plant  (3-4  acres  minimum)  for  a  source  of  clay  and  sand  which  will 
be  used  for  street  construction  work. 

E.  The  following  street  and  parking  Improvements,  as  shown  on  Exhibit  2, 
should  be  undertaken  during  this  fiscal  period  in  accordance  with  reco mm endatlons 
set  forth  in  the  City's  Major  Thoroughfare  Plan: 

1.  Acquire  additional  right-of-way  and  improve  Sunset  Avenue,  from 
Fayetteville  Street  to  U.  S,  42  1,  to  a  44  foot  pavement  width. 

2.  Acquire  right-of-way,  dedicate  and  improve  Bizzell  Street  to  a 

36  foot  pavement  width  (with  curb  and  gutters)  west  to  connect  with  Floy  Street. 
In  conjunction  with  this  improvement,  right-of-way  should  be  acquired  and  Floy 
Street  should  be  extended  to  Elizabeth  Street  to  provide  a  direct  connection 
with  Splvey  Street.   This  section  of  road  will  be  Improved  to  a  24  foot  pavement 
width  without  curbs  and  gutters. 

3.  Sampson  Street  should  be  widened  to  a  36  foot  pavement  width  with 
curbs  and  gutters  provided  along  its  entire  length.   In  conjunction  with  this 
Improvement ,McKoy  and  Sampson  should  be  converted  to  a  one-way  pair. 

4.  Acquire  additional  right-of-way  and  widen  Faison  Street,  from 
Fayetteville  to  Sampson  Streets,  to  a  36'  pavement  width, 

5.  Widen  Devane  Street  to  a  49  foot  right-of-way  (acquire  5'  on  each 
side)  and  improve  this  street  to  a  36  foot  pavement  width.   In  conjunction  with 
this  Improvement,  the  City  should  acquire  a  60  foot  right-of-way,  dedicate  and 
improve  (to  a  40'  pavement  width),  a  new  street  from  the  northern  terminus  of 
Graham  Street,  east  to  Devane  Street. 

6.  Land  should  be  acquired  in  the  area  west  of  Ferrell  Street  and 
south  of  West  Main  Street  and  off-street  parking  lots  developed  in  this  area 
to  serve  the  needs  of  downtown  shoppers.   Both  the  City  and  the  downtown 
merchants  should  cooperate  in  assuming  the  land  and  development  costs  involved 
in  providing  these  additional  parking  spaces. 

F.  The  following  maintenance  equipment  should  be  purchased  during  this 
fiscal  period  to  both  replace  worn  out  equipment  and  to  Increase  the  quality 
and  efficiency  of  City  utility  service: 
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1.  Ih    ton  dump  truck  (streets). 

2.  Front  and  bucket  loader  -  1^  yard  dump  body  (streets). 

3.  Back  hoe  (water  and  sewer  lines). 

G.   Land  should  be  acquired  and  a  maintenance  and  storage  garage  for  public 
works  vehicles  constructed  during  this  fiscal  period.   This  site  should  be 
a  minimum  of  5  acres  in  size  and  located  in  the  southern  or  western  part  of 
the  City.   The  present  maintenance  garage  is  inadequate  for  present  maintenance 
needs.   One  such  inadequacy  is  that  garbage  trucks  cannot  be  driven  into  this 
garage  for  repair  because  of  the  limited  size  of  the  present  garage. 

H.   The  following  recreation  facilities,  as  proposed  in  the  City's  Land 
Use  Plan  and  shown  on  Exhibit  1,  should  be  developed  during  this  fiscal  period: 

1.  Land  should  be  acquired  in  the  area  south  of  U.  S.  421  and  east 
of  Butler  Avenue  and  a  recreation  center  and  recreation  area  developed  on  this 
land  to  serve  the  population  who  live  In  the  surrounding  area.   In  addition 

to  the  recreation  center,  such  facilities  as  lighted  ball  fields,  tennis  courts, 
picnic  areas,  and  a  play  apparatus  area  should  be  developed  on  this  site.   This 
site  should  be  preferably  at  least  15  acres  in  area. 

2.  The  existing  small  parcel  of  park  area  adjacent  to  the  negro 
cemetary  should  be  developed  as  a  tot  lot  during  this  fiscal  period  to  partially 
relieve  the  acute  deficiency  of  recreation  land  which  exists  in  this  part  of 

the  City  at  the  present  time.   Play  apparatus,  basketball  goals  and  park  benches 
should  be  provided  here.   The  development  of  this  site  should  not  be  undertaken 
until  land  needed  for  proposed  highway  improvements  in  this  area  have  been 
determined . 

3.  A  passive  recreation  area  should  be  developed  on  the  existing 
City-owned  2  acre  parcel  located  adjacent  to  the  Main  Street  Cemetary  and  Dollar 
Branch,  in  order  to  serve  the  recreation  needs  of  the  population  who  live  in 

the  surrounding  area. 

I.   The  existing  city  cemetary  for  whites  should  be  enlarged  during  this 
fiscal  period.   In  conjunction  with  this  expansion,  additional  street  paving 
and  landscaping  will  have  to  be  undertaken. 
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J.   A  redevelopment  urban  renewal  project  should  be  Initiated  during  this 
fiscal  period  in  the  southeastern  part  of  the  City  (in  the  i ram ediate  vicinity 
of  the  railroad  tracks)  in  order  to  exploit  fully  the  potential  of  this  land 
for  industrial  development. 


-  10  - 


July  1,  1968  to  June  30,  1970 

A.  Refuse  collection,  police  and  fire  protection,  street  lighting,  street 
maintenance  and  public  water  and  sewer  should  be  provided  during  this  fiscal 
period  to  the  newly  annexed  area  in  conformance  with  annexation  requirements 
stated  in  Section  160-453.15,  Subsection  C,  of  the  North  Carolina  General  Statutes. 

B.  A  fire  sub-station  should  be  constructed  on  the  previously  acquired 
site  near  the  intersection  of  N.  C.  403  and  Carolina  Avenue.   All  complementary 
equipment  needed  in  conjunction  with  the  operation  of  this  station  should  also 
be  pr ov  id  ed . 

C.  One  fire  truck  will  have  to  be  purchased  during  this  fiscal  period  to 
replace  an  older  truck  which  will  have  passed  its  period  of  usefulness. 

D.  The  following  street  improvements,  as  shown  on  Exhibit  2,  should  be 
undertaken  during  this  fiscal  period  in  accordance  with  recommendations  stated 
in  the  City's  Major  Thoroughfare  Plan: 

1.  Additional  right-of-way  should  be  acquired  and  Elizabeth  Street 
improved  to  a  44  foot  pavement  width,  from  U.  S.  42  1  to  Chestnut  Street. 

2.  Additional  right-of-way  should  be  acquired  and  Herring  Street 
extended  (to  a  36'  pavement  width)  across  Dollar  and  Daniels  Branch  to  connect 
with  U.  S.  42  1.   A  portion  of  the  right-of-way  of  Woodland  Drive  would  be 
utilized  in  extending  this  street. 

3.  Additional  right-of-way  should  be  acquired  and  Wall  Street  improved 
between  John  and  Bizzell  Streets. 

4.  Vance  Street,  between  Sampson  and  Wall  Streets,  and  Court  Street, 
between  East  Main  and  Vance  Streets,  should  be  closed  and  these  vacated  street 
sections  converted  into  parking  areas  or  pedestrian  walkways.   These  closings 
will  be  instrumental  in  creating  a  Courthouse  Square  and  Mall  Area,  as  recom- 
mended in  the  City's  Central  Business  District  Study. 
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5.   Additional  land  should  be  acquired  in  the  vicinity  of  downtown, 
and  parking  lots  developed  in  conjunction  with  recommendations  stated  in  the 
City's  Central  Business  District  Study.   The  costs  involved  in  the  acquisition 
of  this  land  and  development  of  these  parking  lots  should  be  assumed  jointly 
by  both  the  City  and  the  downtown  merchants. 

E.  Land  should  be  acquired  in  the  following  locations,  as  shown  on  Exhibit 
l,for  the  future  development  of  recreation  facilities,  as  recommended  in  the 
City's  Land  Use  Plan: 

1.  In  the  area  north  of  N.  C.  403  and  east  of  U,  S.  701  for  the 
future  development  of  a  tot  lot  which  would  serve  the  population  who  live  in 
the  immediate  area.   This  site  should  preferably  be  at  least  2  acres  in  area. 

2.  In  the  area  north  of  the  North  Boulevard  Extension  and  east  of 
the  Raleigh  Road  Extension  for  the  future  development  of  a  community  center  and 
a  neighborhood  recreation  area.   This  site  should  preferably  be  at  least  15 
acres  in  area. 

F.  The  following  urban  renewal  projects  should  be  initiated  during  this 
fiscal  period: 

project  should  be  under- 
ecommend  ed 

y  blighted 
s  here  being 
rd  structural  condition. 

2.   A  redevelopment  project  should  be  undertaken  in  the  area  bounded 
by  Connestee,  Sampson,  Main  and  Vance  Streets  in  conformance  with  recommendations 
stated  in  the  City's  Central  Business  District  Study. 

G.  A  second  floor  should  be  added  to  the  present  City  Hall  building  to 
provide  additional  room  for  expanding  present  City  operations,  in  conjunction 
with  both  the  impending  annexation  and  the  creation  of  a  new  City  Recreation 
Depa  r tmen  t . 
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July  1,  1970  to  June  30,  1972 

Ao   Land  should  be  acquired  in  the  area  south  of  the  railroad  tracks  and 
east  of  the  U.  S,  701  Bypass  and  a  well  drilled  on  this  site.   This  well  will 
Increase  the  City's  over-all  water  supply  capacity  in  addition  to  facilitating 
the  extension  of  water  lines  to  the  surrounding  area  when  development  takes 
place  here  in  the  future.   All  necessary  pumps  and  lines  needed  in  conjunction 
with  this  well  should  also  be  purchased  during  this  fiscal  periodt 

B.    A  site  should  be  acquired  on  the  north  side  of  the  City  and  an  elevated 
water  storage  tank  (300,000  to  500,000  gallon  capacity)  constructed  on  this  land 
during  this  fiscal  period. 


C,  A  land  fill  site  (preferably  at  least  2  0  acres  in  area^  should  be 
acquired  in  the  area  approximately  1  to  2  miles  from  the  Northern  City  Limits 
This  land  fill  site  would  replace  the  present  City  fill  site  which  should  be 
completely  utilized  during  this  fiscal  period, 

D,  The  following  street  impr ovemen t s ,a s  sho 

undertaken  during  thi-.  fiscal '■■-''  "- "^ 

Plan: 


on    Exhibit     2, 


impr ovemen t s ,a s  snown  on  txniDit  ^,  should  be 
period  In  accordance  with  ths-  City's  Thoroughfare 


1,  Additional  right-of-way  should  be  acquired  and  Chestnut  Street 
improved  to  a  36  foot  pavement  width  from  Fayettevllle  to  John  Streets. 

2,  Right=of-way  should  be  acquired  and  Peterson  Street  dedicated  and 
improved  from  Beamon  Street  to  East  Carter  Street-   In  conjunction  with  this 
improvement,  right-of-way  should  be  acquired  and  West  Carter  Street  dedicated 
and  improved  from  McKoy  Street  to  U.  S,  421, 

3;   Right-of-way  should  be  acquired  and  Eastover  Avenue  dedicated  and 
Improved  from  Bizzell  Street  to  East  Railroad  Street. 

4.   Additional  right-of-way  should  be  acquired  and  John  Street  widened 
to  a  36  foot  pavement  width,  between  Ferrell  and  Lisbon  Streets.   In  conjunction 
with  this  improvement,  additional  land  should  be  acquired  in  order  to  realign 
John  Street  (where  this  street  intersects  with  Lisbon  Street)  in  order  to 
eliminate  the  street  jog  which  exists  at  this  intersection  at  the  present  time. 
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E.  Land  should  be  acquired  in  the  following  locations,  as  shown  on  Exhibit 
1,  for  the  future  development  of  recreational  facilities  as  recommended  in  the 
City's  Land  Use  Plan: 

1.  In  the  area  east  of  U.  S.  701  and  north  of  N.  C.  403  for  the  future 
development  of  a  community  center  and  neighborhood  recreation  area.   This  site 
should  preferably  be  at  least  15  acres  in  area. 

2.  In  the  area  east  of  Beamon  Street  and  directly  south  of  North 
Boulevard  for  the  future  development  of  a  tot  lot.   This  site  should  preferably 
be  at  least  2  acres  in  area. 

F.  The  following  recreation  facilities,  as  shown  on  Exhibit  1,  should 
be  developed  on  the  previously  acquired  sites  during  this  fiscal  period: 

1.  A  tot  lot  in  the  area  north  of  N.  C.  403  and  east  of  U.  S.  701. 

2.  A  community  center  and  recreation  area  in  the  area  north  of  the 
North  Boulevard  Extension  and  east  of  the  Raleigh  Road  Extension. 
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July  1,  1972  to  June  30,  1979 

A.  Additional  improvements  should  be  made  to  the  existing  City  sewerage 
treatment  plant  during  this  fiscal  period  to  increase  the  capacity  of  this 
facility.   This  increased  capacity  will,  in  all  probability,  be  needed  in  order 

to  handle  increased  demands  which  the  anticipated  new  development  in  the  surround- 
ing area  will  have  on  the  present  plant. 

B.  The  following  street  improvements  should  be  undertaken  during  this 
fiscal  period  in  accordance  with  recommendations  stated  in  the  City's  Major 
Thoroughfare  Plan: 

1.  Right-of-way  should  be  acquired  and  South  Boulevard  extended  across 
U.  S.  Highway  701. 

2.  Right-of-way  should  be  acquired  and  an  outer  loop  constructed 
beyond  the  present  Highway  701  and  Highway  42  1  bypasses. 

C.  Land  should  be  acquired  In  the  following  locations,  as  shown  on  Exhibit 
1,  for  the  future  development  of  recreation  facilities,  as  recommended  in  the 
City's  Land  Use  Plan: 

1.  In  the  area  west  of  U.  S.  42  1,  between  North  Boulevard  and  N.  C. 

24,  for  the  future  development  of  a  community  center  and  a  neighborhood  recreation 
area.   This  site  should  preferably  be  at  least  15  acres  in  area. 

2.  In  the  area  north  of  North  Boulevard  between  U,  S.  701  and  U.  S. 

421  for  the  future  development  of  a  community  center  and  a  neighborhood  recreation 
area.   This  site  should  preferably  be  at  least  15  acres  in  area. 

3.  In  the  area  west  of  U.  S.  421,  between  N.  C.  24  and  Elizabeth 
Street.   A  community  center  and  neighborhood  recreation  area  should  be  developed 
on  this  site  during  this  fiscal  period  also.   This  site  should  preferably  be 

at  least  15  acres  in  area. 
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D.   The  following  recreation  facilities,  as  shown  on  Exhibit  1,  should  be 
developed  on  the  previously  acquired  sites,  during  this  fiscal  period: 

1.  A  passive  recreation  area,  catering  to  both  children  and  adults, 
on  the  approximately  8  acre  site  located  along  Williams  Mill  Branch,  north  of 
the  negro  cemetary. 

2.  A  community  center  and  recreation  area  in  the  area  east  of  U.  S. 
701  and  south  of  N.  C.  403. 

3.  A  tot  lot  in  the  area  east  of  Beamon  Street  and  directly  south 
of  North  Boulevard, 
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July  1,  1979  to  June  30,  1986 

A.   The  following  recreation  facilities,  as  shown  on  Exhibit  1,  should  be 
developed  on  the  previously  acquired  sites  during  this  fiscal  period: 

1.  A  community  center  and  recreation  area  in  the  area  west  of  U.  S. 
421,  between  North  Boulevard  and  N.  C.  24. 

2.  A  community  center  and  recreation  area  in  the  area  north  of  North 
Boulevard,  between  U.  S.  701  and  U.  S.  421. 
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